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i. At the beginning of January 1951, 


the following hichways were in the condition 
_, indienteds . 


“a, Route 53 (Budapest = Keaskemét.. ~ Szeged ~ Horgos} 


This road was reconstructed between 1947 and 1949. Tt has been entirely 
recovered with conerete and is capable of bearing the heaviest loads.’ 
| Its average width is six meters, -_ . 
~ Route 401: (Veesés ~ Aladnémedi) | mo 
. ©. igeonstruction of this road was completed toward the end of 1949. It is 
ooo entirely of meadam a 


0, Route 4022 (Alberté ~ Urkcny) oo 
|. This road has been widered and recovered with macadam, The read serves 
asa supply route for the Russian military center at Urkeny, 


~d. Route 502: (Uriény ~ Tass — Danube) 
In 1949 this road was entirely reconstructed in mocadam, 


e, Route 41: (Cegléd - Nagyktrts~ Keeskendt) 
This road has been recovered with first quality conerete and has been 
extended to Jakabszilids, twenty kilometers south of Kecekemst, Russian 
military encampments have been get up at dJakabssdllas, 


a Route 412: (Kisujezallds ~ Szarvas) 
This road was completely reconstructed in 1949, It was widened and surfaced 
. partly in conerete and partly in macadam, 


 @e Route 320: (Debrecen ~ Berettyétjfaln) —_ . 
: As this is the most important strategie north-south route in Hungrery, the 

- Russians supervised its reconstruction, which has been completed. They 

> have also attached great importance to the extensions of this route fron 
Berettydajfalu, which are Route 43 (passes through OCroshéza, and Hodmezivésdre 
hely), Route 137 (Békésesabe, to Maké and Kiszombor), and the section of 432 — 
“which leads from Hédmezovasdvhely to Maké. There are numerous Russian 
military encampments in the vicinity of this last route, 
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h, Route 51: (Budapest -— Déms8d ~ Szalkszentmirton » Harta = Kelocsa ~ 
| Silkbsd — Beja — Hereegszdntd) 

This highway is being mide into a rond of the first clase upon request of 
the Russians, Fron Budapest to Szalkssentmirton it has been reconstructed 
in concrete, from Szalkazentimirton to Solt in macadem, From Solt to 
Kaloosa construction is still in progress, The section from Kalosea to 
Dusnok is in macadem, that from Dusnok to Siik@sd in macadan, thet from 
Stikbsd to Baja still unter construction but nearly complete, and that 
from Baja to Hercegazanto in excellant micadan. 


4, Rowte 52: (Solt - KeeskensSt) 
This is an exeellent road. It has been entirely repaired in conerete, 
It will be of considerable importancs aince the bridge at DunefAldv4ér is 
to be rebuilt, (1) . 


j. Route 53: (Solt ~ Kisktrés = Soltvadkert - Kiskunhales = Toma) This road, 
very badly damayed during World War II, haa been entirely rebuilt, The 
section between Solt and Soltvadkert is finished and that between Soltvadkert 
and Kiskynhalas will be completed during the month of January. The rest of 
the rond is in very good condition, 


At the beginning of February 1951, ten Russian civil engineers (specialists in 
bridge ani highway construction) arrived in Budapest. Accompanied by two 
Hungarian ongineers, they carried out an inspection of the eastern section of the 
road network of Hungary, after which thoy vere attached to the eastern section 
of the Ministry of Commmications, Following the inspection it was decided 

that Russien engineers would be made responsible for the supervision of the 
routes 2fhony - Nyitegyhize ~ Oebrecen — BerebtybAjfalu and Seregsurény - 
Vasarosnameny - Nyiregyhaza. The Ministry of Cormmications has been instructed 
to place at iieir disposition the labor and materiale necessary to maintain 
these routes continually in perfect ordar, 


At the beginning of March 1951, the Ministry of Communications received an order 
issued by the Ministry of ilar for the widening and reinforcement of all bridges 
less than seven meters wide located on important strategic routes, The routes 
on which these. improvements sre in progress sre ag follows: 


Route 8: Szbkosfehérvér — Ribaffizes 

Route 7: Budapest - Székesfehérvir = Balatonszentrytrey 
Route 21: Saékesfehérvar ~ Cy8r 

Route 652: Balatonkeresstur ~ BBhinye 

Route 732: Guenieyirgyver - Rédics 

Route 842 Sdrvir ~ Narycenk 

Route €02: Budapest = Tata = G 

Route 21:  Hatvan ~ Salrotarjdn 

Route 2152 Erer « Vadne 


York has already been completed on Routes %, 732, Sl, and 802. That in progress 
on Route 215 should be finished by the end of August 1951. The rest should be | 
completed by the end of 1951. Thereafter the Ministry of Wer will ordor siniler 
work to be carried out on other routes, 


The following highways have been damaged by continuous heavy military traffic, 


especially by the passage of light tanks, The Russian military autheritics 
ordered in March that they be repaired immediately: 


Cogiéd - Keeskenst — Kickuntélegyhdza 
Kiskunfélepyh4ze, ~ Kiskumeajsa _ 
Szegod = Hédmes8vAsdrhely = Oroshhza 


Betveen the first part of April and 7 May 1951, the construction of the foliowing 
beidges and roads was completed; 
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an. A bridge over the Sajo river, near Miskole, which will facilitate the 
passage of traffic between the valleys of HNernad ond Bodrog. The route 
Felstasolea ~ Bekecs which passes over this bridge is under reconstruction 
and should be commleted by 1 September. 


b. A bridge at UesSd, on Route 415, It is about 200 ~oters long. The road 
from Oes&i to Kunesorba is being reconstructed and widened, 


e, A now bridge at SrentlérinekAta on the Zagyva River. It is about 269 moters 
long. 


A new road construction machine srrived in Hungary from Russia in the scoring of 
1951, As it advances down the road the machine mixes conerete and covers the 
surface of the road with conerete to a width of 6.5 meters. With this mochine, 

one kilometer of road ean be conereted to » width of 6,5 meters in 64 hours, 
Machines of the model which arrived from the Soviet Union sre now being constructed 
in fungary. The Ministry of Communiestions has ordered ten of then. 


In May 1951 the Ministry of Cormunientions received a request. fron the Soviet 
military mission to Hungary to repair immediately the following routes. The 
Russians complisined thet despite the fact that these routes had been recommended 
to then as sufficiently strong to bear the heaviest traffic, they had rapidly — 
become pitted by the passage of their trucks and tanks? 


n. Route Gl: Dunef8ldvar ~ Tamési = Dombdvar 
This route has been severely rubted and pitted by the tanks which were unloaded 
> to DumafSldvér oni dispatched south of this rond. The Russians insist that 
the road must be repaired in such a fashion that traffic my continue to use 
it, at least in one direction, during the repairs. 


e é 
b. Route 66: Balaton~ ~ Fbldvar - Kaposwar 
This road is entirely unusable since Russian heavy mterial passed over it, 
The Russians have ordered thet it be restored to usable condition by 15 July. 


(2). 


/ ¥ f 

e, Rowte 644: Kaposvar ~ Saigetvar 
This road was less badly damaged than the two described above, The Russians 
have nevertheless ordered ite repair. 


ad. Rouwte 64: rées ~ Dravanalkonya 

This geetion of Route 64 is entirely unusable. The Russians have ordered 
that it be immediately put into usable condition, if possible into a condi~ 
tion which would permit the passage of heavy miterie] including tanks. (3) 


The Ministry of Communications in May 1951 received an order to draw up o plan 
for, ® new route to run from Polety to Pisp&ék-Iodany vie Folyas and llortobfeyi ~ 
Csaria. 1% is to be ready by 15 June 1951. 


The following road construction projects vere in progress on 1 dune 19512. 


a, Vde ~ Aszdiz This road was being transformed from 5 second class into 2 
first class road and is to conneet tyo other first clase ronds, namely, thot 
lesding from the Czechoslovak border via Vee to Budapest and that leading 
from Budapest vie Aszéd to Miskole in such a wey that trensit through Budapest 

“will no longer be necessary. (4) 


b, Budapest ~ Vesanrém ~ Colldémélk ~ Szombathely: Repairs are in nrogress 
on the section from Budapest to Veszvrém, which ig already a rowte of the 
first cless. The section fron Vesunrén to Colld6ndlk and that from CelldémB1k 
to Szombathely sre being transformed into ronds of the first class. This 
project is to be completed by early in 1952, : Its purrose is to provide a 
first class road, fit for the heaviest traffic, from 3udapest to the Austrian 
border. 


é e & Fa e 2 =. 4 = 
e, Saékesfehervar ~ Mor —- Komarom: This route is baing mode into a road of the 
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first class, The work was begun in 1949 and should be completed by the 
end of 1951, This road will form a connection between the Czechoslovak 
border and Székosfchérvér and betweon the rosd Sepron = Gyr - Komérom - 
Budapest and the road Budanest ~ Székesfchérvér - Vesznrém, which extends 
further to Szonmbathely and south, on another branch, to Nagykanizea. (5) 


d, Pees = Dombovar: This route 1s beine transformed into a first cless road. 


eC. Papa ~ Szombathely: This route is to be made into a first cinss road, but 
work hes not Yet berun. 
25X1A 
25X10 ) TE cost; 
o5X1X (1) Comments para, 4, 
(2 Wc orent: It is impossible to fulfill this demand. It will require at 
least until 1 September to restore the road, 


(3) BEE conrent: This road does not have a base sufficiently solid to permit 
25X1A its ndaptation for use by heavy vehicles. 


25X1X 


para. 9, 
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